Margaret P. Grafeld Declassified/Released US Department of State EO Systematic Review 05 JUL 2006 

Message Text 

UNCLASSIFIED 

PAGE 01 TOKYO 03146 110616Z 

10 

ACTION EA-10 

INFO OCT-01 ISO-OO PM-03 DODE-OO L-02 CIAE-00 INR-07 

NSAE-00 /023 W 

118151 

R 1 10600Z MAR 75 
FM AMEMBASSY TOKYO 
TO SECSTATE WASHDC 8581 
INFO COMUSJAPAN YOKOTA JAPAN 

UNCLAS TOKYO 3146 

E.O. 11652: N/A 
TAGS: MARR, JA 

SUBJECT: PERIODIC STATUS REPORT ON JAPAN BASE CONSOLIDATION PLANS 

REF: TOKYO 1774 

1. PERIODIC STATUS REPORT ON JAPAN BASE CONSOLIDATION PLANS 
FOR PERIOD THROUGH MARCH 1, 1975 FOLLOWS: 

2. KPCP - 

A. MAIN PORTION - PHASE I 100 PERCENT COMPLETED; PHASE II 13 PERCENT 
COMPLETE; PHASE III NOT YET COMMENCED. THIS PORTION 12 PERCENT 
COMPLETE OVERALL. 

B. GRANT HEIGHTS/GREEN PARK PORTION - PHASES I, II, AND III 
COMPLETED; PHASE IV 85 PERCENT COMPLETE; PHASE V 48 PERCENT 
COMPLETE. THIS PORTION 94 PERCENT COMPLETE. 

3. JFAP BREAKDOWN BY INDIVIDUAL PROGRAM BELOW: 

COMPLETED UNDER UNDER 
CONSTRUCTION DESIGN 

A. PROGRAM I 

(32 PROJECTS) 8 24 N/A 

B. PROGRAM H 

(29 PROJECTS) 0 0 28 

C. PROGRAM III 

(5 PROJECTS) 3 0 0 
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(39 PROJECTS 0 3 0 

E. PROGRAM V 

(23 PROJECTS) 0 0 1 

F. PROGRAMS IV, VI, VII 

(27 PROJECTS) 0 0 0 

G. JFAP OVERALL 

(155 PROJECTS) 11 27 29 

4. OBCP NO SIGNIFICANT CHANGE FROM REF. 

HODGSON 
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Message Attributes 


Automatic Decaptioning: X 
Capture Date: 01 JAN 1994 
Channel Indicators: n/a 
Current Classification: UNCLASSIFIED 

Concepts: CONSTRUCTION, MILITARY BASES, PROGRESS REPORTS, MILITARY PLANS 

Control Number: n/a 
Copy: SINGLE 
Draft Date: 11 MAR 1975 
Decaption Date: 01 JAN 1960 
Decaption Note: 

Disposition Action: n/a 
Disposition Approved on Date: 

Disposition Authority: n/a 
Disposition Case Number: n/a 
Disposition Comment: 

Disposition Date: 01 JAN 1960 
Disposition Event: 

Disposition History: n/a 
Disposition Reason: 

Disposition Remarks: 

Document Number: 1975TOKYO03146 

Document Source: CORE 

Document Unique ID: 00 

Drafter: n/a 

Enclosure: n/a 

Executive Order: N/A 

Errors: N/A 

Film Number: D750084-0679 
From: TOKYO 
Handling Restrictions: n/a 
Image Path: 

ISecure: 1 

Legacy Key: Iink1975/newtext/t19750360/aaaacclz.tel 

Line Count: 71 

Locator: TEXT ON-LINE, ON MICROFILM 
Office: ACTION EA 

Original Classification: UNCLASSIFIED 
Original Handling Restrictions: n/a 
Original Previous Classification: n/a 
Original Previous Handling Restrictions: n/a 
Page Count: 2 

Previous Channel Indicators: n/a 
Previous Classification: n/a 
Previous Handling Restrictions: n/a 
Reference: 75 TOKYO 1774 
Review Action: RELEASED, APPROVED 
Review Authority: woolflhd 
Review Comment: n/a 
Review Content Flags: 

Review Date: 17 SEP 2003 
Review Event: 

Review Exemptions: n/a 

Review History: RELEASED <17 SEP 2003 by SilvaL0>; APPROVED <02 JAN 2004 by woolflhd> 

Review Markings: 

Margaret P. Grafeld 
Declassified/Released 
US Department of State 
EO Systematic Review 
05 JUL 2006 


Review Media Identifier: 

Review Referrals: n/a 
Review Release Date: n/a 
Review Release Event: n/a 
Review Transfer Date: 

Review Withdrawn Fields: n/a 
Secure: OPEN 
Status: NATIVE 

Subject: PERIODIC STATUS REPORT ON JAPAN BASE CONSOLIDATION PLANS 
TAGS: MARR, JA, US 
To: STATE 
Type: TE 
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